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BILL NO. S-76~01- 




SPECIAL ORDINANCE NO, S- 


AN ORDINANCE approving Change No. 1, 
Resolution 5696-1975 in connection with 
the Ardmore Avenue Widening and Asphalt 
Resurfacing project. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Resolution 5696-1975 to 
Dailey Asphalt Products Company in connection with the Ardmore Avenue 
Widening and Asphalt Resurfacing Project in the amount of $73,965.80 as set 
out in the specifications, is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force and effect 
from and after its passage and approval by the Mayor. 



APPROVED ASTOFORf^ 

AND LEGALITY. 













Read the first time in full and rn motion by . seconded by 

, and duly adopted; read the second time by title and referred 
to the Committee on (and JibB-Xity-Elan 


Commfs-s4«iT-firFTecommenaation)“IridTTTbl rc~St5H7^Tn“to"iJe"lTeT^^ due^eaal notice, 

at tri-e-XQWie4d-~6iTgT?^^ City-County Bui laina, Tgrt~idayTTeT~dhTTff^^ .— • , 

t he _d -ay-ef ... ..-—.—at _ 


Date: 




^rfity CLERK 


Read the third time in full and on motion by__ 
seconded by _ _, and duly adopted, placed on its passape. 


ABSENT 


Passed by the follov/ina vote: 

AYES , NAYS, ABSTAINED 


TOTAL VOTES 
BURNS 
HINGA 
HUNT ER 
MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARICO 


a \D 


qa □ 


DATE: 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Zoninq Map)"'("6en"efar)”tAnrrexat'Ton) (Special )■ (ApproTJrtti-tTOrj,) Ordinance ‘ 


(Re~soTutTr 0 n ^ o n the__^^_^^^^_day of, 

V’*:- ...mAIT ESTx? (SEAL) 


, 197 ^. 


,, rTlTTLEpr 

"’‘Pres^ritecL b'7^^ to* the Mayor of the Citv of-Fort Wayne , Indiana', on ther- 
, 197 ^ , at the hour of o 'clock 




CITY CLERK 

Aoproved and sianed by me this d ay of 

at the hour of 3-0 o'clock_|L-:.E-S.T 




197 _ 4 ., 









































































S-76-01-15 


We, your Committee on 


REPORT OF THE COMIITTEE ON PUBLIC WORKS _ 

Public Worlcs _ to whom was referred an Ordinance 


approving Change No. 1, Resolution 5696-1975 in connection with the 
Ardmore Avenue Widening and Asphalt Resurfacing project 



have had said Ordinance under consideration and beg leave to report back to the Common 

Council that said Ordinance hCE. _ _ PASS. 

Winfield C. Moses, Jr. - Chainnan 


Donald J. Schmidt - Vice-Chairman 
Vivian G. Schmidt 




Paul M. Bums 


William T. Hinga 


/ CONCUr.RED 

'■^'%’ms, W. WESTERHAH CITV CUIW 
































CHANGE ORDER 


i 


Change Order No. I _ 

Project No. ___ 

Name of Project Ardmore Avenue Widening & Asphalt Resurf , 


J 70 - // 

Resolution No. 5696-1975 _ 

Board Order No. #67;-1975 _ 

Date 12/5/75 


/JT 


To: . DAILEY ASPHALT PRODUCTS CO. 

(Contractor) 


Gentlemen: \ 

■You are hereby requested to comply, with the following changes from the contract plans and 
specifications: ^ • 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Material 

Unit Price 

Decrease 

Increase 

1 

1174 Tons 

Hot Asoh. #4 Binder (Base) 

$ 12.00 


B 14,088.00 

2 

493 Tons 

Hot Asoh- State "B" Mix 

13.00 


6,409.00 

3 

2464 Tons 

Hot Asoh. #4 Binder (incl. Widen. & 

21.70 


53,468.80 



Excavation) 












Total 

Decrease 





Total 

Increase 


73.965.80 ■ 



Net (De'ea-’emBai) (Increase) Contract Price 


73,965.80 


The sum of $ 73,965.80 


is hereby (added to) (^dw 


price, and the final contract price shall be adjusted as follows: 
Original Contract Price 


«^) the total contract 


Current Contract Price Adjusted by Previous Change Order $_ 
New Contract Price Including this Change Order $_ 


144.610.10 


218,57,5^.20..,. 


The time provided for completion in the contract for this project is (unchanged) (ina.^s^ct) 
(dLc:.CLUcd) bv 0 calendar days due to this Change Order. The date^for completion 


of all work shall be Same 


Furthermore, this document shall become an 


amendment to the contract and alJ^rovisions of the contract shall apply hereto. 

(Chief,^•j fe^'^.neerl Date 

_ (Contractor) Date/ ^-- 

_ (City Engineer) Date ^ 


Recommended by: 
Accepted M 





Approved by/ 
Approved by: _ , 




(Qwner) Date 




Attested 



Date yV2 


























































Change Order No» 1 
Resolution No. ,5696-1975 
Board Order No. 67-1975 


REQUEST Af^D JUSTIFICATION FOR CHANGE 


Necessity for changer An additional fnuT' fopt. nf wideninn had to be added to the 
existing pavement in order to meet the requirements for Arterial Road and Street Account 

Funds. This was overlooked on the original estimate when advertised for bids, ; 


2. ■ Kill proposed change alter size of the project? Yes X _ No.__ 

If yes, explain: An additional four (4) feet of v/idenina will be added to the 
.Jxl sting, ■,pa^4e.rae.nt,— ---; 


3. Affect on operation and maintenance cost of this project: 
J.hi.s....mlLLj3c>.t., $f,f g.ct.th.a-jtai.nt.pnaric..e-jicts±.- 



Engineer 






























DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ /S 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works ___ 

SYNOPSIS OF ORDINANCE Covers Change Order #1, Resolution 5696-1975 from Dailey- 
Asphalt Products Conpany in amomt of $73,965,80 for the Ardmore Avenue Widening 

and Asphalt Resijrfacing project. 

An additional four (4) feet of widening had to be added to the existing pavement 

in order to meet the requirements for Arterial Road and Street Account Funds. 

This was overlooked on the original estimate vhen advertised for bids. 


EFFECT OF PASSAGE Meeting reqitLrements for AE&S funds. Will not affect the 
maintenance cost. . .. 


EFFECT OF NON-PASSAGE Unable to meet req-uirements for AB&S funds. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $73,965.80 


ASSIGNED TO COMMITTEE 


if' 





























